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mmmmsm wmt As»l»t«at Ue^wty air«ct©r inmmmrch} 
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1 ils of 19 March 1963 , t«o sucKWsssfol tost f llgists 
totalias 14 liooars, 89 stiautoa bavs bsso conplstsd by h&C 
witb c^ of tbs Bswly isKilfisd igaw^watorm soccsssfttl 

tsst flight of 7 boors bas also bssa eoaplstsd by AfSC at 
Idwards Air f^es Bass 

3. Eacb i^bsrator »ss tborooi^ly ozaaiMid aftsr saeb flight 
Brush wsar ass asasursd sad dstsrslned to bs normal . Bsariag 
tssq^raturss ssrs oool tbrooi^hont tbs flights sad showsd so sigsa 
of crsass ssspai^ at tbs seals, fbe protootirs eoatlsg os tbs 
ooKSistators was sozmal 


3» A third tsst flight witb tbs first geasrators is bslag 
flows by LAC cm. 2® March At tbs sad of this flight, total time 
im. tbs jpsssrator will bs 30 boars LAG will tbsa tnkbovs tbs 
gsasrator aad psrfcorm aaotbsr dstailsd laspscticsi of tbs bsariags, 
brashes » cfomwutator, aad qaill shaft If tbs lB»p©cti<»i is 
satisfactory, tbsy will csrtlfy tbs gsasratiMe* for opsratt«ial oss* 
Bowswsr, tbsy iatsad to coatiaas aeeasalatiag flight tiiia» oa this 
gsisirator for fartbsr tsstlag sad aamlysis^ 


4. fbrss g^Bsratozs ars be lag coarlersd I 1 

iwtallatioa on Articles 342 sad 355. the eoarier departed 
tirawis Air Force Wtmm at 0015 boanir 30 Ifercb. After the geaerator® 
are Installed, me a-boar tsst flight ai^ im# 8-boar traialng 
flight will bs flows. BMurlag tsapsratarss and slsctrlcal l<mds 
will bs tbrotti^Oat tbs flight, tbs gsasratois will bs 

csrsfally iaspscted aftsr sacb flight and it their coaditioa is 
aorsal, ti» aircraft iriil bs declared (^^sraticHwlly ready. Aati- 
elpatsd operatKsttally ready date Is SMI Mardb 1993. 
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